such manner and at such points aa shall be approved, and their use shall be strictly enforced.
Art. IX. The Contractor shall not permit nor suffer the introduction or use of intoxicating liquors upon or about the works embraced in this contract.
Art. X. Tliu Contractor shall commence work within 10 days after the execution of this contract, by the board at sui'li points as the Engineer may approve and shall thereafter continue it at such points and in such order of precedence as the Engineer may from time to time approve.
The rate of progress shall bo sucli that the whole work shall be performed in accordance with the terms of this contract on or before.......................
In case the Contractor fails to satisfactorily complete the entire work contemplated and
provided for under Uiis contract, on or before............the party of the first part shall
deduct from the payments due to the Contractor the sum of ten dollars ($10) for each calendar day of delay, which sum is agreed upon not as a penalty but as fixed and liquidated damages for each cloy of such delay, to be paid in full and subject to no deduction. If the payments due the Contractor are less than the amount of suoh liquidated damages, said damages shall be deducted from any other moneys duo or to become due the Contractor, and in ease said damages shall exceed the amount of all moneys due or to become due the Contractor, then the Contractor or his surety shall pay the balance to the party of the first part.
The rate of progress herein required has bccu purposely made low enough to allow for the ordinary delays incident to construction work of this character. No extension of time will be made for ordinary delays and accidents, and the occurrence of such will not relieve the , Contractor from the necessity of maintaining these rates of progress.
The time in which this contract is to bo performed and the work is to be completed is of the essence of this agree men t.
Art. XL Th'c party of the first part and the Engineer, agents and employees of the party of the first part may, for purposes already specified and for any other purpose, enterupon the work and the premises used by the Contractor, and the Contractor shall provide safe and proper facilities therufor. Other contractors of the party of the first part may also, for all the purposes which may be required by Lheir contracts, enter upon the work and the premises used by the Contractor.
The Engineer shall be furnished with every reasonable facility for ascertaining that the work iti in accordance with the requirements and intention of this contract, even, to the extent of uncovering or taking down portions of finished work.
Art. XII. The inspection of the work shall not relieve the Contractor of any of his obligations to fulfil his contract as herein prescribed, and defective work shall be made good and unsuitable materials shall be rejected, notwithstanding that such work and materials have been previously overlooked by the Engineer and accepted or estimated for payment. If the work or any part thereof shall bo found defective at any time before the final acceptance of the whole work, the Contractor shall forthwith make good such defect, in a manner satisfactory to the Engineer, and if any matorial brought upon the ground for use in the work, or selected for the same, shall be condemned by the Engineer as unsuitable or not in conformity with the specification, the Contractor shall forthwith remove such materials from the vicinity of the work. Nothing in this contract shall be construed as vesting in the Contractor any right of property in the materials uspd after they have been attached or affixed to the work or the soil, but all such materials shall, upon being so attached or affixed, become the property of the party of the first part.
Art. XIII. The Contractor shall employ enough competent men to do the work. If, in the opinion of the Engineer, the Contractor is not employing sufficient labor to complete this contract within the time specified, said Engineer may, after giving written notice, require said Contractor to employ such additional labor as may be necessary to enable said work to properly progress.
Art. XIV. The Contractor shall employ only competent men to do the work, and whenever the Engineer shall notify t.ho Contractor in writing that any man on the work is, in his opinion, incompetent, unfaithful, disorderly or otherwise unsatisfactory, or not employed in accordance with the provisions of Article XV, such man shall be discharged from the work,